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ACTION SY-07 

INFO OCT-01 EUR-06 ISO-OO OC-06 CCO-OO FBO-01 A-01 /022 W 

050807 

R261110ZIUN 74 
FM AMEMBASSY MADRID 
TO SECSTATE WASHDC 9280 
INFO AMCONSUL FRANKFURT 


LIMITED OFFICIAL USE MADRID 4029 

E.O. 11652: N/A 

TAGS: ASEC, OPER 

SUB J : CONSTRUCTION RENOVATION 

FRANKFURT FOR RSS 

REF: STATE 1 19177 AND 136364; MADRID 3808 

FOLLOWING ARE RESPONSES TO SPECIFIC QUESTIONS REQUESTED 
IN STATE 136364; 

L UP-TO-DATE BLUEPRINTS NOT AVAILABLE. POUCHING 
AVAILABLE PRINTS FRIDAY, JUN 27. 

2. CONTRACTOR REPLACING ALL PIPES IN HEATING SYSTEM. 
FLOOR BY FLOOR. 

3. HEATING SYSTEM BEING PRESSURE TESTED FLOOR BY FLOOR. 

4. WORKERS PROJECTED FOR WORK IN SECURE AREAS WILL 
NUMBER BETWEEN 4 TO 6 AT ANY ONE TIME. 

5. WORKING HOURS: MONDAY, TUESDAY, THURSDAY AND FRIDAY 
1730 TO MIDNIGHT. WEDNESDAY 1400 TO MIDNIGHT. SATURDAY, 
SUNDAY AND HOLIDAYS 0830 TO MIDNIGHT. 

6. CONTRACT IN PROCESS OF BEING AMENDED TO REFLECT 
WORK TO BE DONE BY SEABEES. 
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7. ALL TOOLS PROVIDED BY EMBASSY OR CONTRACTOR. 

8. SEABEES WILL BE QUARTERED IN MODERATE PRICE HOTEL 
WITHIN WALKING DISTANCE OF EMBASSY. 

RIVERO 
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Copy: SINGLE 

Draft Date: 26 JUN 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: MorefiRFI 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974MADRID04029 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7401 70-0732 
From: MADRID 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 974061 2/aaaaakez.tel 

Line Count: 66 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: LIMITED OFFICIAL USE 

Previous Handling Restrictions: n/a 

Reference: STATE 119177 AND 136364; MADRID 3808 
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Review Authority: MorefiRH 
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Review Content Flags: 
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Review Event: 
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